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Message Text 


UNCLASSIFIED 

PAGE 01 BRASIL 04027 221816Z 

53 

ACTION FBOE-OO 

INFO OCT-01 ARA-10 ISO-OO A-01 /012W 

018980 

P 221450Z MAY 75 

FM AMEMBASSY BRASILIA 

TO SECSTATE WASHDC PRIORITY 9358 

UNCLAS BRASILIA 4027 

FOR FBO FROM TAYLOR 

E.O. 11652: N/A 
TAGS: ABLD, BR 

SUBJECT: EMBASSY OFFICE BUILDING, CONSTRUCTION CONTRACT NO. 3106- 
321299 PROPERTY NO. 61 106-B; SUSPENDED CEILING, CCC AREA. 

REF: BRASILIA 3984 AND DEPARTMENT 113959 5-16-75. 

ENCOL HAS SUBMITTED A PROPOSAL FOR THE LOCAL PROCUREMENT OF 
SUSPENSION SYSTEM (T BASS) AND TILE, FOR USE IN THE CCC AREA 
AS FOLLOWS: 

T BASS AND TILE CR$ 22,500 
OVERHEAD 3,375 

SUBTOTAL 25,875 

PROFIT 5,588 

TOTAL CR$ 28,463 OR 

US$ 3,795 

INVENTORY WAS MADE OF LEFT OVER MATERIALS REMAINING FROM 
COMPLETION OF CONTRACTOR. INSTALLED CEILING MATERIAL IS NOT 
SUFFICIENT FOR CCC CEILING AREA. THEREFORE, LOCAL PROCUREMENT 
IS REQUIRED. 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 22 MAY 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975BRASIL04027 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7501 80-0221 
From: BRASILIA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750524/aaaaavrl.tel 

Line Count: 48 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: 75 BRASILIA 3984, 75 AND DEPARTMENT 113959, 75 5-16-75 

Review Action: RELEASED, APPROVED 

Review Authority: SmithRJ 

Review Comment: n/a 

Review Content Flags: 

Review Date: 25 JUL 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <25 JUL 2003 by SilvaL0>; APPROVED <30 JAN 2004 by SmithRJ> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
05 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: EMBASSY OFFICE BUILDING, CONSTRUCTION CONTRACT NO. 31 06- 321 299 PROPERTY NO. 61 1 06-B; SUSPENDED CEILING, CCC 
AREA. 

TAGS: ABLD, BR 
To: STATE 
Type: TE 
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